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LIMITED OFFICIAL USE 

PAGE 01 DAMASC 03024 071143Z 

44 

ACTION SY-05 

INFO OCT-01 NEA-10 ISO-OO FBO-02 A-01 /019W 

114258 

P 071130Z AUG 75 
FM AMEMBASSY DAMASCUS 
TO SECSTATE WASHDC PRIORITY 4196 
INFO AMEMBASSY BEIRUT PRIORITY 


LIMITED OFFICIAL USE DAMASCUS 3024 

DEPT FOR A/SY/T, A/SY/FO, FBO 

BEIRUT FOR OIC/RTC, RSS 

E.O. 11652: N/A 
TAGS: ABLD, ASEC SY 

SUB J : ALTERATIONS TO AMBASSADOR'S OFFICE 

REF: A. DAMASCUS 2974 
B. DAMASCUS 3014 (NOTAL) 

1. DUE TO STRUCTURAL MODIFICATIONS IN THE AMBASSADOR'S SUITE, 
REFTEL A, WHICH WILL INCLUDE REPLACING EXISITING LIGHT 
FIXTURES; WIRING; INSTALLATION OF WOOD PANELING; 
INSTALLATION OF A NEW WALL AND A REINFORCED CONCRETE 
BEAM FOR STRUCTURAL SUPPORT, CONSTRUCTION SURVEILLANCE 
OF THIS PROJECT BY A SEABEE IS RECOMMENDED BY RSO. 

2. POST DESIRES TO COMMENCE REMOVAL OF EXISTING 
STRUCTURAL COLUMNS O/A AUGUST 11. PLANNED CONSTRUCTION 
CONSTRUCTION WORK WILL COMMENCE APPROXIMATELY AUGUST 16. 

3. CONSTRUCTION WILL BE CONDUCTED ON AN EIGHT (8) 

HOUR, SIX (6) DAY WEEK BASIS. PROJECT DURATION ESTIMATED 
SIX (6) WEEKS. 

4. ACTION REQUESTED: REQUEST SEABEE FOR SURVEILLANCE, 
BEGINNING DATE CONSTRUCTION BEGINS. 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 07 AUG 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: CunninFX 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975DAMASC03024 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750272-1039 
From: DAMASCUS 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t1 9750871 /aaaackjt. tel 

Line Count: 61 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SY 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: LIMITED OFFICIAL USE 
Previous Handling Restrictions: n/a 
Reference: 75 DAMASCUS 2974 
Review Action: RELEASED, APPROVED 
Review Authority: CunninFX 
Review Comment: n/a 
Review Content Flags: 

Review Date: 14 AUG 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <14 AUG 2003 by WorrelSW>; APPROVED <02 DEC 2003 by CunninFX> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
06 JUL 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: ALTERATIONS TO AMBASSADOR'S OFFICE 
TAGS: ABLD, ASEC, SY 
To: STATE 
Type: TE 
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